


NATIONAL ENGINEERING SERVICES PAKISTAN (PVT) LIMITED ` 


13th Floor, NICL Building, Abbasi Shaheed Road, Off Shahrah-e-Faisal, Karachi - 74400, Pakistan. 


Phone 


Fax 





Established Since 
1973 





P-33026/50P/RZ/01/908 September 7, 2015 


Project Director 

Project Management Unit (PMU) 
Bus Rapid Transit (BRT), Orange Line 

6th floor East Annexe, Civic Center, 

Gulshan-e-Iqbal, Karachi. 


[“ 


Subject: Provisional Estimate from Pakistan Telecommunication Company Limited 


amounting to Rs. 59,064,962/- for relocation / rehabilitation of PTCL existing 
underground cable network from TMA Orangi to Board Office, Nazimabad 


Dear Sir, 


This refers to the estimate provided by Pakistan Telecommunication Company Limited 


(PTCL) vide their letter no. ANR KTR-3/PCC Bill/2015/ dated September 2, 2015 for the 
Subject project. 


Several field visits were conducted along with the PTCL team to ascertain the impact of 
Proposed BRT corridor on existing PTCL underground network. The scope of work for 
relocation of existing utilities has been verified on field. The utility company has provided a 
provisional estimate of Rs. 59,064,962/- (Pak Rupees Fifty Nine Million, Sixty Four 
Thousand, Nine Hundred and Sixty Two only) for relocation works. The break-up of estimate 
provided by PTCL amounting to Rs. 59,064,962/- along with the existing PTCL network as 
provided by PTCL is attached as Annexure-A, 


The Client may approve the PTCL provisional estimate while ensuring that the Engineer 
should verify all works carried out by the utility agency during execution. 


Thanking you and assuring you of our best professional services at all times. 


Sincerely, 
for National Engineering Services Pakistan (Pvt.) Limited 


Rehan Zamin 


Principal Engineer 
(Roads, Bridges and Highways) 


Се: - Director General, KMTC, TMTD 
- Mr. Ahmad Halim, GM/Head, NESPAK, Karachi 


н нын ны ы ы. | 
: +92-21-99090000 & 99225277 - 84 (08 Lines) 
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E-mail : karachi@nespak.com.pk, nespakkh@gmail.com AUSTRIA 
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No. KMTC/TMTD/BRT-OL/2015/.2¢ 
GOVERNMENT OF SINDH 


et 
TRANSPORT & MASS TRANSIT “on f 
| DEPARTMENT 

Dated: October 22, 2015 


| Kaman Деһ 
Коега, DE aoe Cave 


NTC ANAL 





Tele. 021-99211017 
Fax. 021-99211298 


Divisional Engineer (Phones) 


National Telecommunication Corporation (NTC), 
Karachi 


SUBJECT: PAYMENT OF PROVISIONAL /REVISED ESTAIMATES AMOUNTING TO 
RS. 180,502 FOR REALIGNMENT OF CABINET NO. 6, 200 PRS 


PRIMARY CABLE ROAD CROSSING NEAR ASHRAF COMMUNITY 
CENTER FOR KARACHI BRT ORANGE LINE PROJECT. 


Enclosed herewith a cheque amounting to Rs. 180,502 (Rupees One Lac, Eighty 
Thousand, Five Hundred and Two only) 


Bearing No. 168604 dated 22-10-2015 in favour 
of Director, NTC, Karachi regarding the relocation of NTC services along the BRT Orange 
Line project. 


The payment of the Subject work is being released to utilize the same on account 
cation of NT | ifi | 


Please note this is full and final payment, no further pa 
account of any claim for the Subject work. Please take up the 
project work could be started. 


yment will be released on 
work instantly so that the 


г в 


Wr Fazal Karim Khatri 
Project Director, PMU 
BRT Orange Line Project 


1. Secretary, Transport & Mass Transit Department, GOS 


Director General. Transport & Mass Transit Department, GOS 
Director, NTC, Karachi 


Accounts Officer, PMU, OL. 
Master File. 


Copy for information to: 


2 
3 
4 
5 





SUMMARY OF CONSOLIDATED BILLS 














SECTIONS CONSOLIDATED Costs б 


3,682,251 


16,633,898 





SECTION NO. 1 BOARD OFFICE TO 
ABDULLAH COLLEGE 














SECTION NO. 2 POLICE STATION 
CHOWRANGI TO NALLAH BRIDGE 








SECTION NO. 35.NO 
CHOWRANGI TO POLICE STATION 
CHOWRANGI 










26,793,438 








SECTION NO. 45. NO CROSSING 


TOTAL 59,064,962 







Pakistan Telecommunication Company Limited 
Office of the Senior Manager ANR, KTR-3, Gulhsan-e-Iqbal Telephone Exchange, Karachi 


NO. ANR-KTR-3/Capital Cost Bill /2015 | Dated at Karachi the 02-09-2015 


Subject:- PROVISIONAL CAPITAL COST BILL FOR RE-LOCATION / REHABILITATION OF PTCL EXISTING 
UNDER GROUND CABLE NETWORK FROM TOWN OFFICE ORANGI NO. 5 TO BOARD OFFICE 
NAZIMABAD DUE TO CONSTRUCTION OF BRT ORANGE LINE BUS SERVICE. 






DESCRIPTION 





oe Establishment charges @ 12.5 % of SI.No. 4 5726890 
6 Store Keeping Charges @ 5 % of SI. No.2 2053165 | 


| 12 |Total (10+11 ) 


The Capital Cost Bill is evaluated on provisional basis subject to further 
adjustment on actual cost basis after completion of work. 





The payment is to be made in the name of Senior Manager Finance PTCL 
BZS Karachi through cross cheque, so that departmental formalaties be completed in 
order to carry out the required work. 


To Mr Mohammad Athar, Senior Busine nager 
Director General TMTD, G tof T 
: ПМЕ ТТ Access Network Dev&Rehab-1(KTR-3) 
Sindh. 
6th floor, Civic Center, Karachi 


Gulhsan-e-Iqbal Karachi 


Copy to 
1 The Regional General Manager KTR3 Gulhsan-e-lqbal Karachi 
2 Senior Manager Finance PTCL BZS Karachi е 


Senior Business Manager 
Access Network Dev&Rehab-1(KTR-3) 
Karachi 


ттт 
со 7 
Freight charges @ 1 % of store 


7 
10 
1 _|Bal Charges if any Sela ea 
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